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BILL NO. S-85-07-0 7 


SPECIAL ORDINANCE NO. S- P3 Zé 


AN ORDINANCE approving Change Order 

No. 1, Res. #407-85, Phase VII, with 
John Dehner, Inc., in connection with 
the Board of Public Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 


THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1, Res. #407-85, 
Phase VII, with John Dehner, Inc., in connection with the Board 


of Public Works and Safety, for: 


Change Order #1, Res. #407-85, South- 
west Interceptor S-l, is due to easement 
acquisition concessions. During the 
process of obtaining easements for sub- 
ject project the final easement acquired 
from the land owner at the beginning of 
the project forced the construction of 
the sanitary sewer adjacent to an exist- 
ing county drain line. This added cost 
is still much less than the cost would 
have been had the 30-inch sanitary sewer 
line been installed in the Lafayette 
Center Road Righty-of-Way, which would 
have required special backfill and pave- 
ment replacement; 


involving a net increase of Twenty-Nine Thousand Nine Hundred 
Sixty-One and 70/100 Dollars ($29,961.70), all as more particularl 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety, and is by referenc 
incorporated herein, made a part hereof and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 





uce O. Boxberger, City Attorney 













by title and referred to the Committee_ ‘(and the City 
Plan Commission for recommendation) and Public held after 
due legal notice, at the Council C j ing, Fort Wayne 
Indiana, on , the Gay of . 


sin r ap (0) -Mey Eoo 
DATE: E GRN Too i 


SANDRA E. KENNEDY, CITY CLE 


Read the thigd time in full and on motion by | Kark i $ 
seconded by > , and duly adopted, paced on its 


passage. PASSED tes by the following vote: 


» Read the first time in full and on motion by eL oS 
seconded by yi and GULLY TY read, the sé%ond time 
a O pe 


a p 


= 


aling 











AYES NAYS ABSTAINED ABSENT TO-WIT3 


Lan eu E a E 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY. 

REDD 
SCHMIDT 


STIER 


Molded ty ly ty tok 


TALARICO 


— 





DATE: eee AIT 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as RE LE NE 
(SPECIAL) (ZONING MAP) ORDINANCE ( ) NO. orgs 


on the R3 20) day of - oe fJ noone 


ATTEST: 












SANDRA E. KENNEDY, CITY CLE 


Presented by me to the Mayozr/o 


on the ox Ye day of 
at the hour of aL ees. o'clock 


SANDRA E. KENNEDY, CITY CLERK 


: Approved and signed by me this SE aay of z=. ? 
“oO 4 
19 BS , at the hour of ait o'clock 7 7 eMe EST. 


SA dak 


WIN MOSES, JR., MAYOR 


CHANGE ORDER 


p] 


Change Order No. 1 Resolution No._ 407-85 
Project No. Board Order No. 
Name of Project: Southwest Interceptor S-1 Date: June cao ee al 
SSCS lee Ae SR sa OE SU E ee ee ral 
To: John Dehner, Inc. 
(Contractor) 
Gentlenen: 


You are hereby requested to comply with the following changes from the con 


tract plans and 
specifications: ; : 


teem Ae Ce e Description of Change | Change in Contract Price 
No. Increase 


1 1,115 LF_| 18-inch Cl IV_ PJ. 19.58 T 21,831.70 

3 150 LF | 21-inch CMP 32.1667 Pit 4,825.00 
Total Decrease : 

Total Increase ee, | 29,961.70 

Net (Beeserese) (Increase) Contract Price ae 29,961.70 

The sum of $__ 29,961.70 is hereby (adced to) (hethreteé-from) the total contract price 


and the final contract price shall be adjusted as follows: 


Original Contract Price 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


$ 1,169,482.21 
1,169, 482.21 
$ 1,199,443.91 


The time provided for completion in the contract for this project is (unchanged) (¢nereesed) 


(decreased) by 0 calendar days due to this Change Order. The date for completion 
of 211 work shall be October 15, 1985 - Furthermore, this document sh2ll become an 
amendment to the contract end all provisions of the contract shall apply hereto. 
FA i aema : McNamee, Porter & Seeley 
Recommended by: E A ee ox M .__ Engineer Date 4-/8-&& 
Accepted by: RAL A Lia Contractor “(Date S24 1. 1328F 

: Vi U ; 

? 


Approved by: z esn City Engineer Date Z AGS 


Approved by: [Ae A 4 Owner Date a hs- 
(Se ) 
1% 


J 





MA Er 


i. 


2% 


Change Order No. 1 
Resolution No. __ 407-85 


Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:__Easement acquisition concessions. During the process of 


obtaining easements for subject project the final easement acquired from the land 


owner at the beginning of the project forced the construction of the sanitary sewer 


adjacent to an existing county drain line. Items 1-4 cover the relocation of this 


i ine. This added cost is still much less than the cost would have 
been had’ the 30-inch sanitary sewer line been installed in the Lafayette Center Road 


Right-of-Way, which would have required special backfill and pavement replacement. 


Sa a a 


Will proposed change alter size of the project? Yes No_ xX 


If yes, explain 


rs a a ee i 
Affect on operation and maintenance cost of this project: 


ee: ee EOR E ae i E hh et Sa ay 





7 a.” lh eg. Sp ect ene trer nr 


i e e 





TITLE OF ORDINANCE Change Order #1, Res. 407-85, Phase VII, John Dehney,* Inc. 

DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works & Safety a SSA 207 

SYNOPSIS OF ORDINANCE _ Change Order #1, Res. 407_85, Southwest Interceptor Sel is- due to 
easement acquisitition concessions. During the process of obtaining easements for 


for subject project the final easement acquired from th n eginni 


of the project forced the construction of the sanitary sewer adjacen t existi 


county drain line. This added cost is still much less than the cost would have bee 





had the 30-inch sanitary sewer line been installed in the Lafayette Center Road 


Right-of-Way, which would have required special backfill and pavement replacement. 


John Dehner, Inc. is the contractor. 














EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $29,961.70 


ASSIGNED TO COMMITTEE 


BILL NO. 5285707207, 


GITY UTILITIES 





REPORT OF THE COMMITTEE ON 


WE, YOUR COMMITTEE ON CITY UTILITIES -~ - TO WHOM WAS 


REFERRED AN (ORDINANCE) (RES QOLUELON) approving Change Order 
No. 1 Res. #407-85, Phase yry, with John Dehner, Inc., in connection 


with the Board of Public Works and Safety 


ee 




















eS 





ta; - i 
HAVE HAD SAID (ORDINANCE) (REKOFWPFONYJ UNDER CONSIDERATION AND BEG 


-LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


| (RESORUREQNX 


THOMAS C. HENRY 
CHAIRMAN . 














JANET G. BRADBURY ` alate 
VICE CHAIRWOMAN oo 


( > KI Le DONALD J. SCHMIDT eee 


JAMES S. STIER.. 













we mg Pea CHARLES B. REDD i 
CONCURRED IN Jaa . eee SANDRA E. KENNEDY 








CITY CLERK 





